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BILL NO. S-75-10^/. 


SPECIAL ORDINANCE NO. s- ^/y-x s' 

AN ORDINANCE approving Change Order No. 2 
in connection with Sherman Boulevard Under¬ 
pass, Resolution 5689-1975 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 2 to John Dehner, Inc. for 
application of Gunite on existing walls of the Sherman Boulevard Underpass in 
the amount of $8,000.00, as set out in the specifications, is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and effect from 
and after its passage and approval by the Mayor. 

- _ 

Councilman 


approved as to form 

MD LEGALITY,. 












Read the first time in full and on motion by _seconded by 

and duly adopted, read the second time by title and 


referred to the Committee on 




__ ('aad—to—£ h e 


City PJ^ar^-GeHffiirisi^^ ionrTandTPubUc Hearing to be held after due legal 

not i'ce7~a7FTTle - TCumTnr3r-€hram : ber«-r--6i6y^G©«nHi^^«M _ 

the ~ -—— day of ~~~T 9 T , at 

P. MTT'ETSTT . 

= y^zXZLl 


d ; clock 




Read the third time in full and on motion by 




seconded by _ j/? and duly adopted, placed on its passa 

Passed by the following vote; 

NAYS Cj , ABSTAINED_ABSENT I to-wlt: 


AYES A i 
Burns A 

Hinga 
Kraus 

Naafeels j/\ 


sX 

Schmidt, D._ 
Schmidt, V, (X 


X 


Stier 
Talarico pX 




Date 


-x *T 


CITY CLESJ 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana as (3-efi±ng- 


n) (Special) 


Ordinance (Rfi&edrortipn) No .^A^2/y 


. the oT^ff'da y of 19 7:7 


CITY CLERK ’ ' /PkESI DING OFFIcWr^ 

Presented by me to the Mayor of the City of Fort Wayne, .Indiana, on the o>X/^^ day of, 
_ /0^€>^XX:/ 19 7S" _^at the hour of //^ o' clock $• M »,E. S . T. 




Approved and signed by me this o^A/ ^ay of 
at the hour of /' 7>Q 0 1 clock A ...Z.S.T. 


CITY CLERK 


,197 



MAYOR 





































































Bill No. 


S-75-10-21 


VJe s your Committee on 


REPORT OF THE COMMITTEE ON 

Public Works 


PUBLIC WORKS 


to whom was referred an Ordinance 


approving Change Order No. 2 in connection with Sherman Boulevard 

Underpass. Resolution 5689-.19 1.5---—-- 


have had said Ordinance under consideration and beg leave to report back to the Common 

/^\ i / 

Chairman / t/II0?-^ (l _ 


Council that said Ordinance 
Winfield C. Moses, Jr. 


Eugene Kraus, Jr. ~ Vice-Chairman 


William Hinga 


John Nuckols 


Donald J. Schmidt 






CONCURRED IN 

-CHARLES W. WESTERMAN, CITY CLERK 







































THE CITY OF FORT WAYNE 

board of public works 

city-county building September 22, 1975 


one main street 

fort wayne, indiana 46802 


The Common Council 
Fort Wayne, Indiana 

RE: Sherman Boulevard Underpass Modification 
Resolution 5689-1975 

Gentlemen and Mrs. Schmidt: 

It has been deemed advisable to refurbish the existing walls on the east and 
west sides of the subject improvement. An application of Gunite at a cost of 
$8,000.00 is required. 

A Change Order to John Dehner, Inc, in amount of $8,000.00 has been issued. A 
previous Change Order #1 reduced the original contract cost from $397,665.99 to 
$364,763.69. This Change Order #2 increases the contract to $372,763.69. The 
•contract was approved under S-153-75. 

It is most urgent that this work be done as soon as possible. We, therefore, 
request a "Prior Approval" of the increase. 

.An Ordinance will be submitted October 14, 1975. 


Very truly yours. 


BOARD OF PUBLIC WORKS 



Carl E. O'Neal, Member 


CE0:bt r . 
cc: Mayor 

Attachment: Change Order 



APPROVED:".. 
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cChange Order No. 
Project No. 


CHANGE ORDER 


Resolution No. 5689-1975 


Board Order No. 56-74 
Date September iu, 19/5 ' 


JTITUJ ect m ^ . r- • • 

Name of Projec t Sherman Boulevard Underpass Modification 

To: JOHN DEHNER.INC. __ 

(Contractor) 

Gentlemen: 

You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


Item 

No. 


Description of Change 


Change in Contract Price 

Quantity 

Description 

Unit Price 

Decrease 

Increase 


Lump Sum 

The application of Gunite on exi¬ 
sting walls between station 7+00 

Lump Sum 


$8,000.00 



and station 9+72 of project plans 


- 




















Total Decrease 

/ Total Increase 

/ Net (SXSXSGWac) (Increase) Contract Price 




$8,000.00 


$8,000.00 


The sum o j $ 8,000.00 is hereby (added to) xSjOKXXSSXlXSJCj the total contract price 

and the final contract price shall be adjusted as follows: % 


Original Contract Price $ 397,665.99 
Current Contract Price Adjusted by Previous Change Order $ 364,763.69 
New Contract Price Including This Change Order $ 372.763.69 


The time provided for completion in the contract for this project is yua ghaa gg dfr (increased) 

hy 45+ _ calendar days due to this Change Order. The date for completion 

of all work shall be nri-nlipr 15. 1975 Furthermore, this document shall become an 

'amendment to the contract and all provisions of the contract shall apply hereto. 

Recommended by ' (Chief > P- £ Engineer) Dat e ^*9^' :■ 


Accepted by 
Approved by 
Approved by 






(Contractor) Date 1 




*—(City Engineer) Dat e V ~ -Z ^6 


(Owner) Date_ 


7 ^ - 7o 


Attested by: 



(Clerk) Date 


9-~ J A -73- 















































Change Order No._ 2 

Resolution No. 5689-75 
Board Order No. 56-74 
REQUEST AND JUSTIFICATION FOR CHANGE 


1. for change: Board of Public Works requested ms cbangs to _ 

refurbish existing walls on the east and west of 
subject project between Station 7+70 and Station 9+70 


2. Will proposed change alter size of the project? Ye s X K o ~ 

If yes, explain 

It will not physically lengthen the project, but it 
will be increased by the dollar amount of this change order. 

3. Affect on operation and maintenance cost of this project: 

This change order will not bear any effect on operations 

and maintenance costs. 



Engineer 



























TITLE OF ORDINANCE Special Ordinance ___ 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works 




SYNOPSIS OF ORDI NAN CE Covers Change Order #2 of John Dehner, Inc, in amount of 
$8,000.00 for application of Gunite on existing walls of the Sherman Boulevard 

Underpass, Resolution 5689-1975, 


SEE PRIOR APPROVAL ATTACHED 


A previous Change Order #1 reduced the original contract cost from $397,665.99 

to $364,763.69, This Change Order #2 increases the contract to $372.763.69. The 

contract was approved under S-153-75. 


EFFECT OF PASSAGE Refurbish existing walls on east and west sides of Underpass 
that have deteriorated. 


EFFECT OF NON-PASSAGE SEE PRIOR APPROVAL 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $8.000.00 


ASSIGNED TO COMMITTEE ^ 





























